CITY OF FAIRFIELD 


RESOLUTION NO. 2011 -195 

RESOLUTION OF THE CITY COUNCIL APPROVING THE PLANS AND 
SPECIFICATIONS AND AWARDING A CONTRACT TO PRESTON PIPELINES, FOR 
THE EAST-WEST 36-INCH WATER TRANSMISSION PIPELINE SEGMENT 2 

PROJECT 

WHEREAS, the bid opening for the East-West 36-inch Water Transmission Pipeline 
Segment 2 Project took place on September 6, 2011; and 

WHEREAS, the apparent low bidder was Preston Pipelines, in the amount of 
$2,498,033; and 

WHEREAS, staff has reviewed the bid from Preston Pipelines and found it to be in 
order. 

NOW, THEREFORE, THE COUNCIL OF THE CITY OF FAIRFIELD HEREBY 
RESOLVES: 

Section 1. The plans and specifications for the East-West 36-inch Water Transmission 
Pipeline Segment 2 Project are hereby approved. 

Section 2. The City Manager is authorized to enter into a contract with Preston 
Pipelines, for the East-West 36-inch Water Transmission Pipeline Segment 2 Project in 
the amount of $2,498,033.00. 

Section 3. The City Manager is authorized to enter into an escrow agreement for 
security deposits in lieu of retention for said contract, if necessary. 

Section 4. The City Manager is hereby authorized to implement the above-mentioned 
contract. 


PASSED AND ADOPTED this 4th day of October 2011, by the following vote: 


AYES: 

COUNCILMEMBERS: 

Price/Timm/Mov/MrazA/accaro 

NOES: 

COUNCILMEMBERS: 

None 

ABSENT: 

COUNCILMEMBERS: 

None 

ABSTAIN: 

COUNCILMEMBERS: 

None 


-A _ 

MAYOR 

ATTEST: 



CITY CLERK 
pw 



CITY OF FAIRFIELD 
STATE OF CALIFORNIA 


PROPOSAL 

EAST-WEST WATER TRANSMISSION PIPELINE 
SEGMENT 2, 36-INCH 

To the City Clerk of the City of Fairfield: 

The undersigned declares that he has examined the locations of the proposed work, that he has 
examined the plans, specifications, and all the contract documents, and hereby proposes to 
furnish all materials, labor, equipment, and perform all the work in strict accordance with said 
plans, specifications, and contract documents in consideration of the attached schedule. 

The undersigned further agrees that, upon written acceptance of this bid, he will within 15 
working days of receipt of such notice execute a formal contract agreement with the City of 
Fairfield, with necessary bonds and certificate and city standard form endorsement of insurance. 
He also agrees that, in the case of default in executing the contract, the proceeds of the check or 
bond accompanying his bid shall become the property of the City of Fairfield. 

The undersigned agrees that, if awarded the contract, he will commence the work upon written 
notice to proceed and shall diligently prosecute the same to completion before the expiration of 
200 calendar days from the date of said written notice to proceed. 

Bids are to be submitted for the entire work. 

The amount of the bid for comparison purposes will be total amount of bid. 

The bidder shall set forth for each unit basis item of work an item price and a total for the item, 
and for each lump sum item a total for the item, all in clearly legible figures in the respective 
spaces provided for this purpose. In the case of unit basis items, the amount set forth under the 
"Total" column shall be the extension of the item price bid on the basis of the estimated quantity 
for this item. 

In case of discrepancy between the item price and the total set forth for a unit basis item, the 
item price shall prevail, provided, however, if the amount set forth as an item price is ambiguous, 
unintelligible or uncertain for any cause, or is omitted, or is the same amount as the entry in the 
"Total" column, then the amount set forth in the "Total" column for the item shall prevail and shall 
be divided by the estimated quantity for the item and the price thus obtained shall be the item 
price. 

The following quantities are approximate only, being given as a basis for the comparison of bids, 
and the City of Fairfield does not expressly or by implication agree that the actual amount of 
work will correspond therewith and reserves the right to increase or decrease the amount of any 
portion of the work or to omit portions of the work as may be deemed necessary or advisable by 
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the Engineer. The undersigned further agrees to accept the aforesaid unit bid prices in 
compensation for any additions or deductions caused by variation in quantity due to more 
accurate measurement or by any changes or alterations in the plans or specifications of the 
work. 

Bidder acknowledges receipt of the following addenda: 

One, ~ 
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EAST-WEST 36” WATER TRANSMISSION PIPELINE 
SEGMENT 2, 36-INCH 
BID SCHEDULE 


Item No. 



Item of Work 


Mobilization 
Traffic Control 


Temporary Orange Plastic Fencing 


Erosion Control and SWPPP 


Clearing and Grubbing 


Utility Trenching and Backfill 
Shoring 


Dewatering 

54-INCH Steel Casing (Bore and Jack) 


36-INCH Water Transmission Pipeline 


36-inch Butterfly Valve 


8-iNCH Combination Air Valve 


8-inch Blow-off Assembly and Cover 


6-inch Temporary Blow-off Assembly and 
Cover _ 


Access Manhole 


Pressure Reducing Valve (PRV)Vault 


16-inch Ductile Iron Water Pipeline 


16-inch Butterfly Valve 


12-iNCH Water Pipe By-Pass 


12-inch Gate Valve 

10-inch Pressure Reducing Valve (PRV) 


Painting and Coating 


Cathodic Protection 

Testing and Sanitizing of Piping System 


Cold Plane Asphalt Concrete Pavement 


Base Failure Repair 


Unit Quantity 


LS 

LS 


LF 


LS 1 


LS 1 


LF 




Item Price 

Total Price 


11^,000- 
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Item of Work 


Quantity 

Item Price 

Total Price 

HI 

Pavement Reinforcing Fabric 

SY 

4690 

a- 


28 

Asphalt Concrete Overlay 

TNS 

890 



29 

Shoulder Backing 

LF 

3010 

3- 


30 

Traffic Striping and Pavement Markers 

LS 

hh 

^,oco - 

^.c>oo ^ 

31 

2-inch Private Water Line 

LF 


2Z- 



Total = $ 2. ,4^9)^ 0^9>. OQ 


Bidder shall complete this form legibly and in its entirety. An incomplete form shall be 
grounds for disqualification of the bid. 
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EAST-WEST WATER TRANSMISSION PIPELINE 
SEGMENT 2, 36-INCH 

DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following list of 
subcontractors is submitted with the proposal and made a part thereof. The bidder shall note 
that he shall perform with his own organization at least 50% of the work with the 
remainder of the work performed by subcontractors. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed 
under the contract, he shall be deemed to have agreed to perform such portion himself, and he 
shall not be permitted to subcontract that portion of the work except under the conditions 
hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was 
designated in the original bids shall only be permitted in cases of public emergency or necessity, 
and then only after receiving written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor 
or render service to the Contractor in or about the construction of the project and that portion of 
the work to be performed by the subcontractor is as follows: 


Subcontractor’s Name and Address 

Subcontractor’s 
License Number 

Portion of Work or 
Items to be performed 

Percent 
of Total 

Pacv-fA c 

Ccxc f QfV 


J G 6o r€. 


2) 

Ld^CLCrOArvn^rrt^’, CA- 


OeuxckrT - ?arbci 


3) Aro 

Uod'v. j CPv 


PvC Oyerlcuj 

S-Yo 

4) 




5) 




6) 





Note: Attach additional sheets if required 
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NONCOLLUSION AFFIDAVIT TO BE EXECUTED BY BIDDER 
AND SUBMITTED WITH BID 


Gary Menges _, being first duly sworn, deposes and says that he or she is 

Secretary _of Preston Pipelines^ Inc^ - 

the party making the foregoing bid, that the bid is not made in the interest of, or on behalf of, any 
undisclosed person, partnership, company, association, organization, or corporation; that the bid 
is genuine and not collusive or sham; that the bidder has not directly or indirectly induced or 
solicited any other bidder to put in a false or sham bid, and has not directly or indirectly colluded, 
conspired, connived, or agreed with any bidder or anyone else to put in a sham bid, or that 
anyone shall refrain from bidding; that the bidder has not in any manner, directly or indirectly, 
sought by agreement, communication, or conference with anyone to fix the bid price of the 
bidder or any other bidder, or to fix any overhead, profit, or cost element of the bid price, or of 
that of any other bidder, or to secure any advantage against the public body awarding the 
contract of anyone interested in the proposed contract; that all statements contained in the bid 
are true; and further, that the bidder has not, directly or indirectly, submitted his or her bid price 
or any breakdown thereof, or the contents thereof, or divulged information or data relative 
thereto, or paid, and will not pay, any fee to any corporation, partnership, company association, 
organization, bid depository, or to any member or agent thereof to effectuate a collusive or sham 
bid. 


I certify (or declare) under penalty of perjury under the laws of the State of California that the 
foregoing is true and correct. 



(Date) 



NOTE: THIS FORM MUST BE NOTARIZED. 
See a-'TTAcH^ 
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state of California 
County of Santa Clara _ 

Subscribed and sworn to (or affirmed) before me on this ^ 
day of August _, 20 11 , by Gary Menoes _ 


proved to me on the basis of satisfactory evidence to be the 
person(s) who appeared before me. 









Preston Pipelines, Inc. 
Name of Firm 


133 Bothelo Avenue 
Milpitas, CA 95035 

Business Address 


408-262-1418 



Signature of Responsible Official 


Contractor's License: 

a. Class: a, Cl 6, C34, C42 HAZ 

b. Number: 367660 _ 

c. Expiration Date: 1 2/31 /201 2 _ 

FEI Number: 94-2508467 _ 

If corporation or partnership, give legal name of corporation, president, secretary, treasurer, 
or names of all partners. 

PRESTON PIPELINES, INC. 

Mike Preston - President _ 

Geraldine Malloy - VP/GM _ 

Gary Menges - Secretary 
John Soares - CFO 
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BID BOND 


KNOW ALL PERSONS BY THESE PRESENTS that; 

WHEREAS the City of Fairfield {“City”) has issued an invitation for bids for the work described 
as follows: 


EAST-WEST WATER TRANSMISSION PIPELINE 
SEGMENT 2, 36-INCH 

WHEREAS PRESTON pipelines, inc. _ 

133 Bothelo Avenue, Milpitas, CA 95035 _ 

(Name and address of Bidder) 

(“Contractor") desires to submit a bid to City for the work. 

WHEREAS, bidders are required under the provisions of the California Public Contract Code 
to furnish a form of bidder’s security with their bid. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and safeco insuranc e 

COMPANY OF AMERICA _ 

1001 4th Avenue, Suite 1700, Seattle, WA 98154 _, 

(Name and address of Surety) 

(“Surety”) a duly admitted surety insurer under the laws of the State of California, as Surety, 
are held and firmly bound unto City in the penal sum of Ten percent of Total Amount 

Bid ____ 

Oollar-s-(X_ 10 % _), being not less than ten percent (10%) of the total 

bid price, in lawful money of the United States of America, for the payment of which sum well 
and truly to be made, we bind ourselves, our heirs, executors, administrators, successors, 
and assigns, jointly and severally, firmly by these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded Contractor 
is awarded a contract for the work by City and, within the time and in the manner required by 
the bidding specifications, enters into the written form of contract included with bidding 
specifications, furnishes the required bonds, one to guarantee faithful performance and the 
other to guarantee payment for labor and materials, and furnishes the required insurance 
coverages, then this obligation shall become null and void; otherwise, it shall be and remain 
in full force and effect. 

In case suit is brought upon this bond. Surety further agrees to pay all court costs incurred by 
City in the suit and reasonable attorneys’ fees in an amount fixed by the court. Surety hereby 
waives the provisions of California Civil Code § 2845. 
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IN WITNESS WHEREOF, this instrument has been duly executed by Contractor and Surety, 
on the date set forth below, the name of each corporate party being hereto affixed and these 
presents duly signed by its undersigned representative(s) pursuant to authority of its 
governing body. 


Dated". August 30. 2011 


“Contractor” “Surety” 

PRESTON PIPELINES, INC._ SAFECO INSURANCE COMPANY OF AMERICA 



Carv Mcngcs-Sccrctan' 

Julia Grimes, Attorney-in-Fact 

By: 


By: flMir _ 


—sl! -/— ^ . 1 - 

Title 

/i'Hle: Attorney-in-Fact 

By: 

J 

fijA 

By: n/a _ 


Title 

Title 


(Seal) (Seal) 

Note: This bond must be dated, all signatures must be notarized, and evidence of the authority of any person signing as 
attomey-in-fact must be attached. 
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Not valid for mortgage, note, loan, letter of credit, bank deposit, 
currency rate, interest rate or residual value guarantees._ 


THIS POWER OF ATTORNEY IS NOT VALID UNLESS IT IS PRINTED ON RED BACKGROUND. 4688543 

This Power of Attorney limits the acts of those named herein, and they have no authority to bind the Company except in the manner and to the extent 
herein stated. 

SAFECO INSURANCE COMPANY OF AMERICA 
SEATTLE, WASHINGTON 
POWER OF ATTORNEY 

KNOW ALL PERSONS BY THESE PRESENTS: That Safeco Insurance Company of America (the “Company”), a Washington stock insurance company, 
pursuant to and by authority of the By-law and Authorization hereinafter set forth, does hereby name, constitute and appoint JAMES W. UNTIED?, 

MICHAEL E. SHEAHAN, JULIA GRIMES, JEANETTE CONLEY, PATRICK MOUGHAN, RICHARD S. SVEC, ANNA SWEETEN, LINDA K. LAMARR, MICHAEL J. HEFFERNAN, 
GEOFFREY R. GREEN, ALL OFTHE CITY OF SAN JOSE, STATE OF CALIFORNIA...- 


, each individually if there be more than one named, its true and lawful attorney-in-fact to make, execute, seal, acknowledge and deliver, for and on its behalf as 
surety and as its act and deed, any and all undertakings, bonds, recognizances and other surety obligations in the penal sum not exceeding 
FOUR HUNDRED FIFTY MILLION AND pQ i I A PR ($ 450,000,000.00****"********""*"**"*** ) each, and the execution of such undertakings, 

bonds, recognizances and other surety obligations, in pursuance of these presents, shall be as binding upon the Company as if they had been duly signed by the 
president and attested by the secretary of the Company in their own proper persons. 

That this power is made and executed pursuant to and by authority of the following By-law and Authorization: 

ARTICLE IV - Officers: Section 12. Power of Attorney. 

Any officer or other official of the Corporation authorized for that purpose in writing by the Chairman or the President, and subject to such limitations 
as the Chairman or the President may prescribe, shall appoint such attorneys-in-fact, as may be necessary to act in behalf of the Corporation to make, 
execute, seal, acknowledge and deliver as surety any and all undertakings, bonds, recognizances and other surety obligations. Such attorneys-in- 
fact, subject to the limitations set forth in their respective powers of attorney, shall have full power to bind the Corporation by their signature and 
executed, such instruments shall be as binding as if signed by the president and attested by the secretary. 

By the following instrument the chairman or the president has authorized the officer or other official named therein to appoint attorneys-in-fact: 


Pursuant to Article IV, Section 12 of the By-laws, David M. Carey, Assistant Secretary of Safeco Insurance Company of America, is authorized to 
appoint such attorneys-in-fact as may be necessary to act in behalf of the Corporation to make, execute, seal, acknowledge and deliver as surety 
any and all undertakings, bonds, recognizances and other surety obligations. 

That the By-law and the Authorization set forth above are true copies thereof and are now in full force and effect. 

IN WITNESS WHEREOF, this Power of Attorney has been subscribed by an authorized officer or official of the Company and the corporate seal of 

Safeco Insurance Company of America has been affixed thereto in Plymouth Meeting, Pennsylvania this mh dayof_July_, 

2011 

SAFECO INSURANCE COMPANY OF AMERICA 


COMMONWEALTH OF PENNSYLVANIA 
COUNTY OF MONTGOMERY 


July 


ss 




David'M. Carey, AsSiitent Secretary 


2011 , before me, a Notary Public, personally came David M. Carev . to me known, and 


On this 11 th day of __ _ 

acknowledged that he is an Assistant Secretary of Safeco Insurance Company of America; that he knows the seal of said corporation; and that he 
executed the above Power of Attorney and affixed the corporate seal of Safeco Insurance Company of America thereto with the authority and at the 
direction of said corporation. 

subscribed my name and affixed my notarial seal at Plymouth Meeting, Pennsylvania, on the day and year 

By, 


IN TESTIMONY WHEREOJ 
first above written. 


CERTIFICATE 



1 Soal I 

I rer«5sa Pastcsls, Nct^’y Pubfe I 
Tiiyd. , Counly I 

Member Persnsyiva-nla Association at 



eting, Pennsylvai 


Teresa Pastella, Notary Public 


, the undersigned. Vice Insurance Company of America, do hereby certify that the original power of attorney of which the foregoing 

is a full, true and correct c^JS^aJutflorce and effect on the date of this certificate; and I do further certify that the officer or official who executed the 
said power of attorney is an Officer specially authorized by the chairman or the president to appoint attorneys-in-fact as provided in Article IV, Section 
12 of the By-laws of Safeco Insurance Company of America. 

This certificate and the above power of attorney may be signed by facsimile or mechanically reproduced signatures under and by authority of the 
following vote of the board of directors of Safeco Insurance Company of America at a meeting duly called and held on the 18th day of September, 2009. 

VOTED that the facsimile or mechanically reproduced signature of any assistant secretary of the company, wherever appearing upon a certified 
copy of any power of attorney issued by the company in connection with surety bonds, shall be valid and binding upon the company with the 
same force and effect as though manually affixed. 

IN TESTIMONY WHEREOF, I have hereunto subscribed my nam e and affixed the corporate seal of the said company, this 30th day of 


August 


2011. 




Gregory W. Davenport, Vice President 


To confirm the validity of this Power of Attorney call 

1-R10-832.82A0 between 9:00 am and 4:30 om EST on anv business dav. 










STATE OF CALIFORNIA 


(■ ss. 

COUNTY OF SANTA CLARA \ 

_ ^ 

On August 30, 2011, before me, Jeanette Conley, Notary Public, 
personally appeared Julia Grimes, who proved to me on the basis of satisfactory 
evidence to be the person whose name is subscribed to the within instrument 
and acknowledged to me that she executed the same in her authorized capacity, 
and that by her signature on the instrument the person, or the entity upon behalf 
of which the person acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California 
that the foregoing paragraph is true and correct. 


WITNESS my hand and official seal. 






JEANETTE CONLEY 
Commission # 1853265 ^ 

Notary Public - California | 
Alameda County 
Mv Comm. Expires Jun 9, 2013 y 


(Seal) 



Description of Attached Document: 






ACKNOWLEDGMENT 


state of California 

County of_ Santa Clara _) 

On August 31, 2011 _before me, Leaundra Kasprzak, Notary Public _ 

(insert name and title of the officer) 

personally appeared Gary A. Menges _ 

who proved to me on the basis of satisfactory evidence to be the person(^ whose name(4) is/g/e 
subscribed to the within instrument and acknowledged to me that he/^e/^ey executed the same in 
his/her/tbeir authorized capacity(ies), and that by his/hsf/tbeir signature,(s) on the instrument the 
person(^. or the entity upon behalf of which the person(?)^cted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 



(Seal) 





n 


LEAUNDRA KASPRZAK 
Commission # 1914170 
Notary Public - California z 
y Santa Clara County | 
My Comm. Expires Dec 18,2014 ( 







I, the undersigned Secretary of Preston Pipelines, Inc. (the ‘‘Corporation’’), HEREBY CERTIFY that at a 
meeting of the Directors of the Corporation, duly called and held on April 3D, 2008, at which a quorum was present 
and voting, or by other duly authorized corporate action in lieu of a meeting, the following resolution was adopted; 


BE IT RESOLVED, that any one (1) of the following named officers, employees, or agents of this Corporation, v/hOse 
actual signatures are shown below; 


NAMES 
Gary Menges 


POSITIONS 

Vice President-Secretary 



ACTDAt/SIGNATURE 

X xK 



acting for and on behalf of the Corporation and as its act and deed be, and they hereby are, authorized and 
empowered; 

Execute Documents. To execute and deliver to Clients agreements, bid documents, and other documents 
which may be required by Clierits for the conducting of any and all business of this corporation relative to this 
corporation, Preston Pipelines. Inc. 

BE IT FURTHER RESOLVED, that until such aulhority is revoked by action of the Board of Directors of this 
corporation and by v/ritten notification to Clients and that this corporation hereby agrees (o and accepts the provisions 
and conditions set forth on this document. 

I FURTHER CERTIFY that the officers, employees, and agents named above are duly elected, appointed, or 
employed by or for the Corporation, as the case may be, and occupy the positions set opposite tiieir respective 
names; that the foregoing Resolution now stand of record on the books of tiie Corporation; and that the Resolutions 
are in fuH force and effect and have not been modified or revoked in any manner whatsoever. 

IN TESTIMONY WHEREOF, I have hereunto set my hand on January 27,2010 and attest that the signatures 
set opposite the names listed above are their genuine signatures. 


CERTIFIED TO AND ATTESTED BY; 



NOTE: In case the Sectetaiy is designated by the foregoing resolutions as one of signing officers, it is advisable to have this certificate signed by 
a second Officer or Director of the Corpbrnlion. 









A^^^^'^'^toSstatIITcenseboard^ 

S'" active LICENSE 


^ CORP 

PRESTON PIPELINES INC 


oisosotoft) A C16 C34 C42 HAZ 
12/31/2012 


Wwv/. cslb.ca.gov 



Thu* Ucenstf Is not transferra&le, and shall tie returned to the Registrar 
InorSntf Snluspended: revoXed, or Invalidated for any reason. 


if round, drop In iiny nianbox. 
FVMtago giuiiante:.tl by; 
Conlradcfs Slate license Board 
P.O. Sox 2SObO, Sacramento CA 05826 


Licensee Signature 
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CITY OF FAIRFIELD 
STATE OF CALIFORNIA 

EAST-WEST WATER TRANSMISSION PIPELINE SEGMENT 2 


Addendum No. 1 


September 1, 2011 


This constitutes Addendum No. 1 to the Contract Documents for the EAST- 
WEST 36” WATER TRANSMISSION PIPELINE SEGMENT 2. The Bidder shall 
acknowledge receipt of this Addendum on Page P-2 of the Bidder’s Proposal 
(Blue Section) and attach this signed Addendum to the Bidder’s Proposal when 
submitted. 


ADDITIONAL ITEM 

1 ) East West 36” Water Transmission Pipeline Segment 1 plans are 

available on the City website, which can be accessed by following the 
following link: 

http://www.fairfield.ca.gov/gov/depts/pw/ccp/current_capital_projects.asp. 


PROJECT SPECIFICATIONS 


Proposal (blue section) and Agreement (white section) 

1) BID SCHEDULES, Pages P-3 and A-4. Item No. 18, 16-inch Butterfly 
Valve, the Quantity should read “4” instead of “2”. Revised pages 
attached. 

Special Provisions & Technical Specifications (qoldenrod section): 

2) Section 02400 “Steel Water Pipe”; Part 2.3 "Pipe Design Criteria”; Item C 
and Part 2.4, “Design Specials”. Item B, replace the items as follows: 

“C. Unless otherwise indicated, Pw shall be assumed to equal the indicated pipe 
pressure class and Pt shall be assumed to equal 1.33 Pw. In no case shall the 
design stress (Y/Sw) exceed 16.500 psi at design working pressure. Pw, nor 
shall the design stress (Y/St) exceed 22,000 psi at design transient pressure, Pt, 
nor shall the steel shell thickness be less than No. 10 gauge (0.135 in,) or the 
nominal pipe diameter divided by 240, whichever is greater, as shown in the 
following table: 


1 
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“e. 


Nominal Pipe 

Minimum Cylinder 

Diameter (in.) 

Thickness (in.) 

6-30 

0.135 

36 

0.150 

42 

0.175 

48 

0.200 

54 

0.225" 

in no case shall the design stress at design working pressure i 


Water Pipe exceed 16,500 psi or 22,000 psi at design transient pressure (Y/St), 
nor shall plate thickness be less than the thickness of adjacent mainline pipe or 
the following: 


Pipe Manifolds Elbows 


Nominal Pipe 
Diameter (in.) 

24 and under 

25 to 48 
over 48 


Piping above Ground 
Piping in Structures 
3/16 - inch 
1/4 - inch 
5/16-inch 


Bends 
Reducers 
10-ga. 

1/4 - inch 
5/16 - inch” 


3) Page 02200-1, Item 1.1 “The Requirement”, Section C. Add to the end of 
the last sentence: 

"... and on the city website at: 

http://www.fairfield.ca.gov/gov/depts/pw/ccp/current_capital_projects.asp." 

4) Page 01576-1 Item 1.5 Notification Part A, add to the end of the 
paragraph: 

“Contractor shall coordinate with City of Fairfield Transit Manager, Mona Babauta, (listed 
in Exhibit A) for any work impacting Pennsylvania Avenue transit routes, including road 
closures.” 


PROJECT PLANS 

1) Sheet Cl, replace the DESIGN CRITERIA notes with the following: 

"DESIGN CRITERIA _ 


1. DESIGN PIPE PRESSURE: CLASS 200 

2. NORMAL OPERATING / WORKING PRESSURE: 130 PSI 

3. TEST PRESSURE: 180 

4. MINIMUM DESIGN DEPTH OF COVER FOR PIPE THICKNESS DESIGN: 10 
FEET” 


2 
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2) Sheet C4, on Section A for Sheet 5. change the directions for connecting 
to the existing 16-inch water line using a “Hot Tap Connection” listed at 
STA 156+83.50 51.90 RT to read: 

"CUT IN TO EX 16" W WITH TEE CONNECTION. 16" INV 2.30±'' 

3) Sheet Cl 1. Detail 1, PRESSURE REDUCING VALVE VAULT, VALVE 
SCHEDULE TABLE, change Valve No. PV-4 to read: 

"PV-4 BUTTERFLY 16" 150B MANUAL W/NUT‘ 

4) Sheet Cl 1, Detail 1, PRESSURE REDUCING VALVE VAULT, PLAN 
VIEW, replace the note associated with Valve PV-4 referring to a “Hot Tap 
Connection” to read: 

"CUT IN TO EX 16" W WITH TEE CONNECTION" 

5) Sheet Cl, Pipe Joint Note, add after the last sentence: 

“A double welded lap joint can be a substitute for a Carnegie rubber gasket Joint." 


APPROVED: 



Steven L. Hartwig, P.E. 
City Engineer 


ACKNOWLEDGEMENT: 
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ARTICLES OF AGREEMENT 


THIS AGREEMENT, made on the 4th day of October 2011, by and between CITY OF 
FAIRFIELD, party of the first part, hereinafter called the CITY, and Preston Pipelines, Inc. 
party of the second part, hereinafter called the CONTRACTOR. 

It is understood Engineer representing the CITY shall be the City Engineer of Fairfield, 
acting directly or through properly authorized agents. 

WITNESSETH, that the CONTRACTOR and the CITY, for the consideration hereinafter 
named, agree as follows: 

I. SCOPE OF WORK 


The CONTRACTOR hereby agrees to furnish all of the materials and all of the equipment 
and labor necessary and to perform all of the work shown on the plans and described in 
the specifications for the project entitled: 

EAST-WEST WATER TRANSMISSION PIPELINE 
SEGMENT 2, 36-INCH 

all in accordance with the requirements and provisions of the following Documents which 
are hereby made a part of this Agreement: 

a. Plans prepared for same by C+D Infrastructure Engineers _ 

numbered Cl through Cl 3 and CP-1 through CP-6 (19 pages total) 
and dated_ August 1. 2011 _ 

b. Advertisement for Bids. 

c. The Accepted Bid, dated August 31, 2011 _ 

d. Instructions to Bidders. 

e. Specifications consisting of: 

1) Specific Provisions. 

2) Special Provisions. 

3) General Provisions. 

4) City of Fairfield Standard Details and Specifications, 1998 edition. 

5) Standard Specifications issued by State of California, Department of 

Transportation, Division of Highways, dated May 2005. 
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f. Performance Bond, dated_, 20_. 

g. Labor and Material Bond, dated_, 20_. 

All of said documents are intended to cooperate so that any work called for in one and not 
mentioned in another, or vice versa, is to be executed and performed the same as if 
mentioned in all of said documents. Said documents, comprising the complete Contract, 
are sometimes hereinafter referred to as the Contract Documents. Should there be any 
conflict between the terms of this instrument and the bid or proposal of CONTRACTOR or 
any of the other Contract Documents, this instrument shall control. 

II. TIME OF COMPLETION 


a. The work to be completed under this Contract shall be commenced upon 
written notice to proceed. 

b. The work shall be completed within 200 calendar days after the date of 
written notice to proceed. 

c. Failure to complete the work within the number of days stated in this Article, 
including extension granted thereto as determined by the Engineer, shall 
entitle the City to deduct from the monies due to the CONTRACTOR as 
"Liquidated Damages" (LDs) an amount equal to One Thousand Dollars 
($1000) for each calendar day or fraction thereof that expires after the time 
specified herein of the Contractor to complete the work and the facility or 
improvements are useable for its intended use. LDs shall apply cumulatively 
and shall be presume to be damages suffered by the City resulting from 
delay in the completion of work. 

d. Liquidated Damages for delay in completion of work shall only cover 
administrative, overhead, genera! loss of public use damages, interest on 
bonds and lost revenues when applicable, suffered by the City as a result of 
delay. LDs shall not cover the cost to complete the work, damages resulting 
for defective work, costs of substitute facilities, or damages suffered by 
others who seek to recover their damages for the City (for example, delay 
claims from other contractors, sub-contractors, tenants, or third-parties, and 
defense costs thereof. 
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CONTRACT SUM 


a. The CITY shall pay to the CONTRACTOR for the performance of the 
Contract the amounts determined for the total number of each of the 
following units of work completed at the unit price stated thereafter. The 
number of units contained in the attached schedule is approximate only, 
and the final payment shall be made for the actual number of units that are 
incorporated in or made necessary by the work covered by the Contract. 

b. Extra work not included in Article I, but authorized after the date of the 
Contract that cannot be classified as coming under any of the Contract 
units, may be done at mutually agreed-upon unit prices, or on a lump sum 
basis, or under the provisions of Section 6 of the General Provisions. 
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EAST-WEST 36” WATER TRANSMISSION PIPELINE 
SEGMENT 2, 36-INCH 
BID SCHEDULE 


Item No. 

Item of Work 

Unit 

Quantity 

Item Price 

Total Price 

1 

Mobilization 

LS 

1 

123,000 

123,000 

2 

Traffic Control 


1 

20,000 

20,000 

3 

Temporary Orange Plastic Fencing 

LF 


3 

10,500 

4 

Erosion Control and SWPPP 

LS 

1 

21,000 

21,000 

5 

Clearing and Grubbing 

LS 

1 

2,700 

2,700 

6 

Utility Trenching and Backfill 

LF 

2772 

108 

■■EH 

7 

Shoring 

LS 

1 

47,000 


8 

Dewatering 

LS 

1 

188,000 

188,000 

9 

54-INCH Steel Casing (Bore and Jack) 

Ei 

521 

1,100 

573,100 

10 

36-inch Water Transmission Pipeline 

Bi 

3293 

168 

553,224 

11 

36-inch Butterfly Valve 

EA 

1 


16,500 

12 

8-iNCH Combination Air Valve 

EA 

3 

8,500 


13 

8-iNCH Blow-off Assembly AND Cover 

EA 

3 

6,600 

19,800 

14 

6-inch Temporary Blow-off Assembly and 
Cover 

EA 

1 

6,200 

6,200 

15 

Access Manhole 

EA 

4 

14,000 

56,000 

16 

Pressure Reducing Valve (PRV)Vault 

LS 

1 

56,000 

56,000 

17 

16-inch Ductile Iron Water Pipeline 

LF 

79 

220 

17,380 

18 

16-inch Butterfly Valve 

EA 

4 

3,300 

13,200 

19 

12-inch Water Pipe By-Pass 

LF 

18 

200 

3,600 

20 

12-inch Gate Valve 

EA 

1 

2,300 

2,300 


10-INCH Pressure Reducing Valve (PRV) 

EA 

1 

11,000 

11,000 


Painting and Coating 

LS 

1 

9,250 

9,250 


Cathodic Protection 

LS 

1 

55,000 

55,000 

24 

Testing and Sanitizing of Piping System 

LS 

1 

118,000 

118,000 

25 

Cold Plane Asphalt Concrete Pavement 

LF 

724 

7 

5,068 

26 

Base Failure Repair 

CY 

25 

175 

4,375 




























































































Hi 

Pavement Reinforcing Fabric 

SY 

4690 

2 

9,380 


Asphalt Concrete Overlay 

TNS 

890 

235 

209,150 

29 

Shoulder Backing 

LF 

3010 

3 

9,030 

30 

Traffic Striping and Pavement Markers 

LS 

1 

9,000 

9,000 

31 

2-iNCH Private Water Line 


200 

22 

4,400 


Total = $ 2.498.033 
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IV. 


PROHIBITED INTERESTS 


No employee of the City of Fairfield shall have any direct financial interest in this 
contract. This contract shall be voidable at the option of the City if this provision is 
violated. 

V. WORKERS' COMPENSATION 


Contractor hereby certifies that Contractor is aware of the provisions of Section 
3700 of the Labor Code which require every employer to be insured against liability 
for workers' compensation or to undertake self-insurance in accordance with the 
provisions of that Code, and that Contractor will comply with such provisions 
before commencing the performance of the work of this contract. 

IN WITNESS WHEREOF, the parties have executed this Agreement the day and year 
first above written. 


WITNESS: 




Preston Pipelines. Inc. 
CONTRACTOR 



Licensed in accordance with an act providing for the 
registration of contractors. 

Contractor’s License: 

a. Class: A. C16. C34. C42. HAZ _ 

b. Number: 367660 _ 

c. Expiration Date: 12/31/2012 _ 

FEI Number: 94-2508467_ 
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EDD REPORTING REQUIREMENTS CHECKLIST 


Effective January 1,2001 the State Employment Development Department (EDD) requires the following. 


Please complete the following; (To be complete by the department) 

Department; 

Date of Contract: 

Authorized by Res. No,: 

Contract Expiration Date: 

Person Reviewino EDD Reouirements: 

Phone; 

__J ^_—- 


EDD REPORTING REQUIREMENTS . When CITY executes an agreement for or makes payment to CONSULTANT in the amount of 
$600 (six hundred dollars) or more in any one calendar year, CONSULTANT shall provide the following information to CITY to comply 
with EDD reporting requirements; 


A. Whether CONSULTANT is doing business as a sole proprietorship, partnership, limited liability partnership, corporation, 
limited liability corporation, non-profit corporation or other form of organization. 

B. If CONSULTANT is doing business as a sole proprietorship, CONSULTANT shall provide the full name, address and social 
security number or federal tax identification number of the sole proprietor. 

C. If CONSULTANT is doing business as other than a sole proprietorship, CONSULTANT shall provide CONSULTANTS federal 
tax identification number. 


Dear Contracting Company; 

Pursuant to your contract with the above-mentioned City of Fairfield Department, you are required to complete box 1 AND box 2 below. 


Please indicate the type of business and provide the information requested; 

BOX1 __ 


' NAME AND ADDRESS \ -'iS " <, • 

FULL NAME 

Pfpeff*n pinoljnoc 

ADDRESS 

133 Bothelo Ave 

CITY, STATE, ZIP 

Milpitas, CA 95035 


AND 

BOX 2 _ 


X &OX 

- , TYPE OF BUSINESS 



SOLE PROPRIETORSHIP 



PARTNERSHIP 



LIMITED LIABILITY PARTNERSHIP 


y. 

CORPORATION 

Fad ID 94-2508467 


LIMITED LIABILITY CORPORATION 



NON-PROFIT CORPORATION 



OTHER FORM OF ORGANIZATION 



PLEASE RETURN THIS FORM WITH THE SIGNED CONTRACT TO THE CITY OF FAIRFIELD 
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Bond No. 070011015 
Premium Amount: $23,908.00 


PERFORMANCE BOND 


KNOW ALL PERSONS BY THESE PRESENTS that: 

WHEREAS the City of Fairfield (“Cit/’) has awarded to preston pipelines, inc. _ 

133 Bothelo Avenue ______ 

Milpita.q. CA 95035 -----— 

(Name and address of Contractor) 

(“Contractor”) a contract (the "Contract”) for the work described as follows: 

EAST-WEST WATER TRANSMISSION PIPELINE 
SEGMENT 2, 36-INCH 

WHEREAS, Contractor is required under the terms of the Contract to furnish a bond for 
the faithful performance of the Contract. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and safeco insttranck 

COMPANY OF AMERICA _ 

1001 4th Avenue, Suite 1700, Seattle. WA 98154 _, 

(Name and address of Surety) 

(“Surety’') a duly admitted surety insurer under the laws of the State of California, as 
Surety, are held and firmly bound unto City in the penal sum of two Million Four Hundred 

Ninety Eight Thousand Thirty Th ree and 00/100- 

Dollars ($ 2,498,033.00 _), tfiis amount being not less than one hundred 

percent (100%) of the total contract price, in lawful money of the United States of 
America, for the payment of which sum well and truly to be made, we bind ourselves, our 
heirs, executors, administrators, successors, and assigns, jointly and severally, firmly by 
these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded 
Contractor, his, her or its heirs, executors, administrators, successors or assigns, shall in 
all things stand to and abide by, and well and truly keep and perform all the undertakings, 
terms, covenants, conditions and agreements in the Contract and any alteration thereof 
made as therein provided, on the Contractor’s part to be kept and performed, all within 
the time and in the manner therein specified, and in all respects according to their true 
intent and meaning, and shall indemnify and hold harmless City, its officers, agents, and 
others as therein provided, then this obligation shall become null and void; otherwise, it 
shall be and remain in full force and effect. 
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In case suit is brought upon this bond, Surety further agrees to pay all court costs and 
reasonable attorneys' fees in an amount fixed by the court. 

FURTHER, the Surety, for value received, hereby stipulates and agrees that no change, 
extension of time, alteration, addition or modification to the terms of the Contract, or of the 
work to be performed Ihereunder, or the specifications for the same, shall in any way 
affect its obligations under this bond, and it does hereby waive notice of any such change, 
extension of time, alteration, addition, or modification to the terms of the Contract or to the 
work or to the specifications thereunder. Surety hereby waives the provisions of 
California Civil Code §§ 2845 and 2849. City is the principal beneficiary of this bond and 
has all rights of a party hereto. 

IN WITNESS WHEREOF, two (2) identical counterparts of this instrument, each of which 
shall for all purposes be deemed an original hereof, have been duly executed by 
Contractor and Surety, on the date set forth below, the name of each corporate party 
being hereto affixed and these presents duly signed by its undersigned representative(s) 
pursuant to authority of its governing body. 

Dated: October 19, 2011 

“Contractor” 

PRESTON PIPELINES. INC. 


By:_^ 

Title 



“Surety” 

SAFECO INSURANCE COMPANY OF AMERICA 






- Vr' •-- ■' 



By:. Julia Grimes 


Title: Attorney-in-Fact 




Title 


(Seal) 


(Seal) 


Note: This bond must be executed in duplicate and dated, all signatures must be notarized, and evidence of the 
authority of any person signing as attomey-in-fact must be attached. 
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Not valid for mortgage, note, loan, letter of credit, bank deposit, 
currency rate, interest rate or residual value guarantees._ 


THIS FLOWER 01= ATTORKTEY IS NOT VALID UNLESS IT IS PRINTED ON RED BACKGROUND. 


4688589 


This Power of Attorney limits the acts of those named herein, and they have no authority to bind the Company except in the manner and to the extent 


herein stated. 


SAFECO iNSURANCE COMPANY OF AMERiCA 
SEATTLE, WASHINGTON 
POWER OF ATTORNEY 

KNOW ALL PERSONS BY THESE PRESENTS; That Safeco Insurance Company of America (the “Company^, a Washington stock insurance company, 
pursuant to and by authority of the By-law and Authorization hereinafter set forth, does hereby name, constitute and appoint JAMES W. UNTIEDT, 


MICHAEL E. SHEAHAN, JULIA GRIMES, JEANETTE CONLEY, PATRICK MOUGHAN, RICHARD S. SVEC, ANNA SWEETEN, LINDA K. LAMARR, MICHAEL J. HEFFERNAN, 


GEOFFREY R. GREEN, ALL OF THE CITY OF SAN JOSE, STATE OF CALIFORNIA. 


, each individually if there be more than one named, its true and lawful attomey-in-fact to make, execute, seat, acknowledge and deliver, for and on its behalf as 
surety and as its act and deed, any and ali undertakings, bonds, recognizances and other surety obligations in the penal sum not exceeding 
FOUR HUNDRED FIFTY MILLION AND 00/1 oo**""*""**"" DOLLARS ($ 450,000,000.00*"*‘***““"**"*“**”*** ) each, and the execution of such undertakings, 
bonds, recognizances and other surety obligations, in pursuance of these presents, shali be as binding upon the Company as if they had been duly signed by the 
president and attested by the secretary of the Company in their own proper persons. 


That this power is made and executed pursuant to and by authority of the following By-law and Authorization: 

ARTICLE IV - Officers: Section 12. Power of Attorney. 

Any officer or other official of the Corporation authorized for that purpose in writing by the Chairman or the President, and subject to such limitations 
as the Chairman or the President may prescribe, shall appoint such attorneys-in-fact, as may be necessary to act in behalf of the Corporation to make, 
execute, seal, acknowledge and deliver as surety any and all undertakings, bonds, recognizances and other surety obligations. Such attorneys-in- 
fact, subject to the limitations set forth in their respective powers of attorney, shall have full power to bind the Corporation by their signature and 
executed, such instruments shall be as binding as if signed by the president and attested by the secretary. 

By the following instrument the chairman or the president has authorized the officer or other official named therein to appoint attorneys-in-fact: 

Pursuant to Article IV, Section 12 of the By-laws, David M. Carey, Assistant Secretary of Safeco Insurance Company of America, is authorized to 
appoint such attorneys-in-fact as may be necessary to act in behalf of the Corporation to make, execute, seal, acknowledge and deliver as surety 
any and all undertakings, bonds, recognizances and other surety obligations. 

That the By-law and the Authorization set forth above are true copies thereof and are now in full force and effect. 


IN WITNESS WHEREOF, this Power of Attorney has been subscribed by an authorized officer or official of the Company and the corporate seal of 

Safeco Insurance Company of America has been affixed thereto in Rymouth Meeting, Pennsylvania this iith day of_July_, 

2011_ 

SAFECO INSURANCE COMPANY OF AMERICA 


COMMONWEALTH OF PENNSYLVANIA 
COUNTY OF MONTGOMERY 


ss 




On this 11 th day of 


July 


2011 


By , . . _ _ 

David'M. Carey, AsS^tant Secretary 


before me, a Notary Public, personally came David M. Carev . to me known, and 


acknowledged that he is an Assistant Secretary of Safeco Insurance Company of America; that he knows the seal of said corporation; and that he 
executed the above Power of Attorney and affixed the corporate seal of Safeco Insurance Company of America thereto with the authority and at the 
direction of said corporation. 


IN TESTIMONY WHEREOJ 
first above written. 


CERTIFICATE 



subscribed my name and affixed my notarial seal at Plymouth Meeting, Pennsylvania, on the day and year 


3<i>ai 

Teresa Past&fla, hloiary PubN'c 
PiymouftT Twp.. Montrjofnsty County 
My Comm^on Sjyji'ss Kfer. 22:20t3 


By. 

Tere& 


K-lentber: PennsyivaTrta Aasocistion of 


sa Pastella, Notary Public 


, the undersigned. Vice Insurance Company of America, do hereby certify that the original power of attorney of which the foregoing 

is a full, true and correct co^9f>4sJfl»fcitrTOrce and effect on the date of this certificate; and I do further certify that the officer or official who executed the 
said power of attorney is an Officer specially authorized by the chairman or the president to appoint attorneys-in-fact as provided in Article IV, Section 
12 of the By-laws of Safeco Insurance Company of America. 

This certificate and the above power of attorney may be signed by facsimile or mechanically reproduced signatures under and by authority of the 
following vote of the board of directors of Safeco Insurance Compeiny of America at a meeting duly called and held on the 18th day of September, 2009. 

VOTED that the facsimile or mechanically reproduced signature of any assistant secretary of the company, wherever appearing upon a certified 
copy of any power of attorney issued by the company in connection with surety bonds, shall be valid and binding upon the company with the 
same force and effect as though manually affixed. 

IN TESTIMONY WHEREOF, I have hereunto subscribed my name affixed the corporate seat of the said company, this TQth _day of 

October_2011 . 




Gregory W. Davenport, Vice President 


To confirm the validity of this Power of Attorney call 

1.ftin.fl‘t9.R9An hafwaon Q-On am anri nm FST nn anv hii.Qinns.a riav. 






NNA1 


STATE OF CALIFORNIA 


ss. 

COUNTY OF SANTA CLARA \ 

_ ^ 


On October 19, 2011, before me, Jeanette Conley, Notary Public, 
personally appeared Julia Grimes, who proved to me on the basis of satisfactory 
evidence to be the person whose name is subscribed to the within instrument 
and acknowledged to me that she executed the same in her authorized capacity, 
and that by her signature on the instrument the person, or the entity upon behalf 
of which the person acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California 
that the foregoing paragraph is true and correct. 


WITNESS my hand and official seal. 







ACKNOWLEDGMENT 


State of California 

County of_ Santa Clara _) 

On October 20, 2011 before me, Irina Kurysh-Notary Public _ 

{insert name and title of the officer) 

personally appeared Gary Menges __ 

who proved to me on the basis of satisfactory evidence to be the person(s) whose name(s) is/are 
subscribed to the within instrument and acknowledged to me that he/she/they executed the same in 
his/her/their authorized capacity(ies), and that by his/her/their signature(s) on the instrument the 
person(s), or the entity upon behalf of which the person(s) acted, executed the instrument. 

1 certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 


Signature rTTf _ (Seal) 



IRINA KURYSH 
Commission # 1937172 I 
Notary Public - California 
Santa Clara County 
My Comm. Expires May 19.20151 
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Bond No. 070011015 


PAYMENT BOND 
(LABOR AND MATERIALS) 


KNOW ALL PERSONS BY THESE PRESENTS that; 


WHEREAS the City of Fairfield (“City”) has awarded to preston pipelines, inc. 

133 Bothelo Avenue_ 


Milpitas. CA 95035 


(Name and address of Contractor) 

(“Contractor”), a contract (the “Contract”) for the work described as follows: 


EAST-WEST WATER TRANSMISSION PIPELINE 
SEGMENT 2, 36-INCH 


WHEREAS, Contractor is required under the terms of the Contract and the California Civil 
Code to secure the payment of claims of laborers, mechanics, materialmen, and other 
persons as provided by law. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and safeco insurance 

COMPANY OF AMERICA ___ 

1001 4th Avenue, Suite 1700, Seattle. WA 98154 _> 

(Name and address of Surety) 

(“Surety”) a duly admitted surety insurer under the laws of the State of California, as 
Surety, are held and firmly bound unto City in the penal sum of two Million Four Hundred 

Ninety Eight Thousand Thirty Three and 00/100 _ 

Dollars f$ p . 49r . 033. oo _), this amount being not less than one hundred percent 

(100%) of the total contract price, in lawful money of the United States of America, for the 
payment of which sum well and truly to be made, we bind ourselves, our heirs, executors, 
administrators, successors, and assigns, jointly and severally, firmly by these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded 
Contractor, his, her or its heirs, executors, administrators, successors or assigns, or 
subcontractors shall fail to pay any of the persons named in Section 3181 of the 
California Civil Code, or any amounts due under the Unemployment Insurance Code with 
respect to work or labor performed under the Contract, or for any amounts required to be 
deducted, withheld, and paid over to the Employment Development Department from the 
wages of employees of the Contractor and subcontractors pursuant to Section 13020 of 
the Unemployment Insurance Code, with respect to work or labor performed under the 
Contract, the Surety will pay for the same in an amount not exceeding the penal sum 
specified in this bond; otherwise, this obligation shall become null and void. 

This bond shall inure to the benefit of any of the persons named in Section 3181 of the 
California Civil Code so as to give a right of action to such persons or their assigns in any 
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suit brought upon the bond, in case suit is brought upon this bond. Surety further agrees 
to pay all court costs and reasonable attorneys' fees in an amount fixed by the court. 

FURTHER, the Surety, for value received, hereby stipulates and agrees that no change, 
extension of time, alteration, addition or modification to the terms of the Contract, or of the 
work to be performed thereunder, or the specifications for the same, shall in any way 
affect its obligations under this bond, and it does hereby waive notice of any such change, 
extension of time, alteration, addition, or modification to the terms of the Contract or to the 
work or to the specifications thereunder. Surety hereby waives the provisions of 
California Civil Code §§ 2845 and 2849. 

IN WITNESS WHEREOF, two (2) identical counterparts of this instrument, each of which 
shall for all purposes be deemed an original hereof, have been duly executed by 
Contractor and Surety, on the date set forth below, the name of each corporate party 
being hereto affixed and these presents duly signed by its undersigned representative(s) 
pursuant to authority of Its governing body. 

Dated: October 19, 2011 _ 

"Contractor’' “Surety” 



Title 


SAFECO INSURANCE COMPANY OF AMERICA 





By:. Julia Grimes 


Title: Attorney-in-Fact 


By:n/a_ 

Title 


(SeaO 


(Seal) 


Note: This band must be executed in duplicate and dated, all signatures must be notarized, and evidence of the 
authority of any person signing as attomey-in-fact must be attached. 
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***SEE ATTACHED ACKNOWLEDGMENT*** 
CERTIFICATE OF ACKNOWLEDGMENT - Attorney-in-Fact 

STATE OF CALIFORNIA ) 

COUNTY OF_) ss. 

On this_day of_, in the year_. before me, the undersigned 

Notary Public in and for said state, personally appeared_or proved to me 

on the basis of satisfactory evidence to be the person whose name is subscribed to the 
within instrument, as the Attorney-in-Fact of 

_acknowledged to me that he/she subscribed the 

name of_thereto as principal and his/her own name 

as Attorney-in-Fact. 

Notary Public in and for the 

County of_ 

State of California 

(SEAL) My Commission Expires_ 
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Not valid for mortgage, note, loan, letter of credit, bank deposit, 
currency rate, interest rate or residual value guarantees._ 


THIS POWER OF ATTORNEY IS NOT VALID UNLESS IT IS PRINTED ON RED BACKGROUND. 4688590 

This Power of Attorney limits the acts of those named herein, and they have no authority to bind the Company except in the manner and to the extent 
herein stated. 

SAFECO INSURANCE COMPANY OF AMERICA 
SEATTLE, WASHINGTON 
POWER OF ATTORNEY 

KNOW ALL PERSONS BY THESE PRESENTS: That Safeco Insurance Company of America (the “Company”), a Washington stock insurance company, 
pursuant to and by authority of the By-law and Authorization hereinafter set forth, does hereby name, constitute and appoint JAMES W. untiedt, 

MICHAEL E. SHEAHAN, JULIA GRIMES, JEANETTE CONLEY, PATRICK MOUGHAN, RICHARD S. SVEC, ANNA SWEETEN, LINDA K. LAMARR, MICHAEL J. HEFFERNAN, 
GEOFFREY R. GREEN, ALL OF THE CITY OF SAN JOSE, STATE OF CALIFORNIA. 


, each individually if there be more than one named, its true and lawful attomey-in-fact to make, execute, seal, acknowledge and deliver, for and on its behalf as 
surety and as its act and deed, any and ail undertakings, bonds, recognizances and other surety obligations in the penal sum not exceeding 
FOUR HUNDRED FIFTY MILLION AND pQLLARS ($ 450,000,000.00***‘**"*'*“***“********" ) each, and the execution of such undertakings, 

bonds, recognizances and other surety obligations, in pursuance of these presents, shall be as binding upon the Company as if they had been duly signed by the 
fxesident and attested by the secretary of the Company in their own proper persons. 

That this power is made and executed pursuant to and by authority of the following By-law and Authorization: 

ARTICLE IV - Officers; Section 12. Power of Attorney. 

Any officer or other official of the Corporation authorized for that purpose in writing by the Chairman or the President, and subject to such limitations 
as the Chairman or the President may prescribe, shall appoint such attorneys-in-fact, as may be necessary to act in behalf of the Corporation to make, 
execute, seat, acknowledge and deliver as surety any and all undertakings, bonds, recognizances and other surety obligations. Such attorneys-in- 
fact, subject to the limitations set forth in their respective powers of attorney, shall have full power to bind the Corporation by their signature and 
executed, such instruments shall be as binding as if signed by the president and attested by the secretary. 


By the following instrument the chairman or the president has authorized the officer or other official named therein to appoint attorneys-in-fact; 

Pursuant to Article IV, Section 12 of the By-laws, David M. Carey. Assistant Secretary of Safeco Insurance Company of America, is authorized to 
appoint such attorneys-in-fact as may be necessary to act in behalf of the Corporation to make, execute, seal, acknowledge and deliver as surety 
any and all undertakings, bonds, recognizances and other surety obligations. 

That the By-law and the Authorization set forth above are true copies thereof and are now in full force and effect. 

IN WITNESS WHEREOF, this Power of Attorney has been subscribed by an authorized officer or official of the Company and the corporate seal of 

Safeco Insurance Company of America has been affixed thereto in Plymouth Meeting, Pennsylvania this iith davof_July_, 

2011 

SAFECO INSURANCE COMPANY OF AMERICA 


COMMONWEALTH OF PENNSYLVANIA 
COUNTY OF MONTGOMERY 




July 


By _ 

David'M, Carey A^rStant Secretary 


2011 , before me, a Notary Public, personally came David M. Carev . to me known, and 


On this 11th day of ___ 

acknowledged that he is an Assistant Secretary of Safeco Insurance Company of America; that he knows the seal of said corporation; and that he 
executed the above Power of Attorney and affixed the corporate seal of Safeco Insurance Company of America thereto with the authority and at the 
direction of said corporation. 


IN TESTIMONY WHEREOJ 
first above written. 


CERTIFICATE 



subscribed my name and affixed my notarial seal at Plymouth Meetin* 


Pennsylvania, on the day and year 


No^msl Seal 

Tetfhssi Pasteifa, Ribifc 

PiymouliT Tvvp. ^ County 

My Con«nlssjon Exssrss Mar. 28,2013 



iting, Pennsylvj 


, Peftnsyivarsa Assoefstion of 


By. 

Tereia Pastella, Notary Public 


, the undersigned. Vice Insurance Company of America, do hereby certify that the original power of attorney of which the foregoing 

is a full, true and correct co^^HajoifetltiOTce arid effect on the date of this certificate; and I do further certify that the officer or official who executed the 
said power of attorney is an Officer specially authorized by the chairman or the president to appoint attorneys-in-fact as provided in Article IV, Section 
12 of the By-laws of Safeco Insurance Company of America. 

This certificate and the above power of attorney may be signed by facsimile or mechanically reproduced signatures under and by authority of the 
following vote of the board of directors of Safeco Insurance Company of America at a meeting duly called and held on the 18th day of September, 2009. 

VOTED that the facsimile or mechanically reproduced signature of any assistant secretary of the company, wherever appearing upon a certified 
copy of any power of attorney issued by the company in connection with surety bonds, shall be valid and binding upon the company with the 
same force and effect as though manually affixed. 


IN TESTIMONY WHEREOF, I have hereunto subscribed my nam e and affixed the corporate seal of the said company, this 19 th 


October 


2011 



day of 



Gregory W. Davenport, Vice President 


To confirm the validity of this Power of Attorney call 

1.fiin.Rft9.R9dn hpfwoon Q-fin am and A'RO nm PST nn anv hiiainass dav. 






STATE OF CALIFORNIA 


}■ ss. 

COUNTY OF SANTA CLARA \ 

_ _ ^ 

On October 19, 2011, before me, Jeanette Conley, Notary Public, 
personally appeared Julia Grimes, who proved to me on the basis of satisfactory 
evidence to be the person whose name is subscribed to the within instrument 
and acknowledged to me that she executed the same in her authorized capacity, 
and that by her signature on the instrument the person, or the entity upon behalf 
of which the person acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California 
that the foregoing paragraph is true and correct. 


WITNESS my hand and official seal. 


I • • * o 


JEANETTE CONLEY 
Commission # 1853265 
Notary Public - California 
Alameda County ^ 

Mv Comm. Expires J un 9, 2013 ^ 

^ ^ , j I I I ■ "* 


(Seal) 


Jeaiji^te Conley, Notary Public - Calif^ia 


Description of Attached Document : 



ACKNOWLEDGMENT 


state of California 

County of_ Santa Clara _) 


On October 20, 2011 _before me, Irina Kurysh-Notary Public 

(insert name and title of the officer) 


personally appeared Gary Menges _____ 

who proved to me on the basis of satisfactory evidence to be the person(s) whose name(s) is/are 
subscribed to the within instrument and acknowledged to me that he/she/they executed the same in 
his/her/their authorized capacity(ies), and that by his/her/their signature(s) on the instrument the 
person(s), or the entity upon behalf of which the person(s) acted, executed the instrument. 


I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 



IfltNA KURYSH 
Commission # 1937172 
Notary Public - California 
Santa Clara County ^ 

Mv Comm Expires May 19, 20151 

»p • > < if 


Signature_ 

r r 






(Seal) 


Air- PuJ^ti'c. 






